1596                                  UNIT  CONSTRUCTION   COSTS
Account 8416.11—Loading Platform—Floor.
This was a plain concrete floor mixed and handled as above, with a |-in. finish of 2 sand to 1 cement. There were no joints in the concrete. The finish was troweled smooth.
Account 8416.2—Loading Platform—Backfill.
Behind the 300-ft. wall—8416.1 sand and gravel was backfilled. The material lay 8 to 10 ft. from the wall.
Account 8416.3 Loading Platform—Striking Plates.
Two striking plates, one at each casting machine are placed so that the copper ingots discharged from the casting machine elevator fall directly upon them. They were made by setting 4 by 4 by 4|-in. wood blocks dipped in hot tar and placed on end upon a concrete base. Over the blocks a steel plate 6 ft. f in. by 9 ft. 10 in. by \ in. was laid and secured by 16 f by 2|-in. bolts, grasped by cast-iron fasteners set in concrete below.
283 ft. b.m. lumber....................................         $8.59
2 steel plates.......................................         99.19
32 cast-iron fasteners and holts........................         18.91
$126.69
Account 8417—Hoods and Smoke Boxes.
This account covers all the material of the converter hoods, smoke boxes, flues leading to converter dust chamber, together with the labor of erecting them. It likewise includes removing the stacks 4 ft. in diameter, making new ones 5 ft. in diameter and erecting them together with change required to put large doors in the back of the boxes. The smoke boxes, of which there are three, are made of f-in. plate, and 4 by 4 by f angles. They are 16 ft. high and about 9 ft. in diameter. The hoods, of which there are three, are made from f~in. plate and 4 by 4 by | angles. They hang on the front of the smoke boxes and direct the gases into the flues. The original stacks, of which there were three connecting the smoke boxes and the converter dust chamber, wore 4 ft. diameter and 26 ft. long, made of iVin. plate. They were replaced by similar ones 5 ft. in diameter. (Sec Fig. 92.)
Account 8417.1—Hood to Protect Converter Operator,
Only one of these was made. Three-sixteenth inch plate was used. The dimensions are 7 ft. 2 in. by 7 ft. 2 in. by 7 ft. 8 in. high, one end is open. The account covers material used, fabrication and erection.
Account 8418—Spouts, Gates and Hoppers at Silica Ore Bins.
This account covers the material cost of the gates with operating devices, the 10-in. pipe chutes and the labor of erecting same, togetherwas not hauled away.
